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Contract No. PF-oo 
Amendment No. 2 


NOV 17 1958 
Granger Associates 
966 Commercial Street 
Palo Alto, Celifornia 


Gentlemen: 


1. This document constitutes Amendment No. 2 to Contract 
No. P¥-loo between Granger Associates, Palo Alto, California, 
end the United States Government and amends satd contract as 
hereinafter set forth. 


2, Pursuant to the provisions of Clause 2 of the “General” 
Provisions hereof, entitled “CHANGES”, the Schedule of the 
eoutract ia smended by adding the following new Item under 
PART I - SCOPE OF WORK: 


oY “Item 2 = Contractor shell implement the procurement 

4 of certain long lead time items necessary 

| for the fabrication of two (2) units similar 

to that called for under Item 1 above. Such 
‘procurement shall include put not be Limited 
“to the procurement of two (2) sets of Matched 

f reveling Wave Tubes. It is anticipated that 

a guthorization to complete the two (2) units 

: will be granted by 30 December 1956 and the 

contract shall be amended accordingly." 


3. PART It - DELIVERY, is amended by adding the following: 
“ttem 2 - Contractor shall retain all material pending 


further instructiona from the Contracting 
oPficer.” 


4h, PART IIT - ESTIMATED COST AND FIXED FEE, is amended 
es follows: 


(a) The total estimated cost is increased by $15,000.00 


: \ =. or e new totel estimated cost of $58,636.36. 


ae 


(ec) It is recognized and agreed by the parties hereto, 
that in the event the Government does not order the completion 
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of the two (2) units contemplated by Item 2, the parties 
hereto shall negotiate an equitadie adjustment in the 
fixed-fee hereunder for the work in accordance with the 
provisions of Clause 10 of the General Provisions hereof, 
entitled “Termination”. 


5. All other terms, conditions and requirewents of the 
contract remain unchanged. 


6. Please indicate your receipt of this Amendment No. 2 
to Contract No. PF-40O and your acceptance thereof by executing 
the original and two copies of this Amendment. Return the 
fully executed original and one copy to the undersigned and 
yetain the remaining copy for your files. 


Very truly yours 
CTE UNITED STATES OF AMERICA 
25X1A9a 


Contracting Officer 


ACKNOWLEDGED AND ACCEPTED 
THIS 20 DAY OF November ; 1958. 
al cS °°. 


By: 


Title; Vice President and Director of Engineering 
Fionn oi IO oa een 
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